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Message Text 

UNCLASSIFIED 

PAGE 01 CARACA 09348 222130Z 
ACTION ARA-14 

INFO OCT-01 ISO-OO EB-08 /023 W 

090560 230957Z/11 

R 221901Z SEP 77 
FM AMEMBASSY CARACAS 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 9329 

UNCLAS CARACAS 9348 

PASS TO OED/MEPD AND OIM 

E.O. 11652: N/A 
TAGS: BENC, ENRG, VE 

SUB J : MAJOR PROJECT: URIBANTE-CAPARO HYDROELECTRIC PROJECT 

REF: A) CARACAS 9347 (B) 76 CARACAS 1 2698 

C) CARACAS 7026 D) CARACAS 8433 

1 . PROJECT NAME: URIBANTE-CAPARO HYDROELECTRIC PROJECT, BID 
NUMBER 77-DPL-005. 

2. BRIEF DESCRIPTION: CONSTRUCTION OF THE TRANSFER TUNNEL, SURGE 
TANK, PENSTOCK, AND THE POWERHOUSE AT SAN AGATON. THE PRINCIPAL 
COMPONENTS OF THE SYSTEM ARE: 

A) CONSTRUCTION OF THE CIVIL WORKS AND INSTALLATIONS OF EQUIP 
MENT ASSOCIATED WITH THE INTAKE STURCTURES AND WELL GATES (POZO 
DE COMPUERTAS) OF THE TRANSFER TUNNEL. 

B) CONSTRUCTION OF THE TRANSFER TUNNEL AND SURGE TANK. 

C) CONSTRUCTION OF THE CIVIL WORKS ASSOCIATED WITH THE PENSTOCKS 
AND SUPPLY AND INSTALLATION OF THE TUNNEL LINING (BLIND AJES) 

AND PRESSURE CONDUIT (TUBERIA FORZADA). 

D) CONSTRUCTION OF THE CIVIL WORKS AND INSTALLATION OF THE PRIN 
CIPAL ELECTROMECHANICAL EQUIPMENT IN THE POWERHOUSE AS WELL AS 
THE SUPPLY AND INSTALLATION OF THE FOLLOWING SYSTEMS: DRAINAGE, 
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WATER SUPPLY, WATER TREATMENT, COMPRESSED AIR. VENTILATION, AIR 
CONDITIONING, FIRE PROTECTION, ETC. 

E) EXCAVATION FOR THE POWERHOUSE IS ESTIMATED AT 175,000 
CUBIC METERS (M3), THAT FOR THE TRANSFER TUNNEL AND SURGE TANK 
AT 375,000 M M3, AND THAT ASSOCIATED WITH "BACKFILLING" AT 40, 

000 M3. 
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F) CONCRETE NEEDED FOR THE POWERHOUSE IS ESTIMATED AT 34,000 M3 
WHILE THAT FOR THE TUNNEL IS PUT AT 86,000 M3. 

G) APPROXIMATELY 2,000 METRIC TONS OF HIGH RESISTANCE STEEL WILL 
BE REQUIRED FOR VARIOUS ASPECTS OF THE PROJECT. 

H) LENGTH OF THE CONCRETE-LINED TUNNEL WILL BE 7,940 METERS. 

I) LENGTH OF THE PENSTOCK WILL BE 400 METERS. 

J) DIAMETER OF THE CONCRETE-LINED TUNNEL WILL BE 5.3 METERS. 

K) DIAMETER OF THE PRESURE CONDUIT WILL BE 4.25 METERS. 

3. EXECUTING AGENCY/PROJECT MANAGER ING. HERNAN BOULTON; 
DIRECTOR OF THE URIBANTE-CAPARO PROJECT; CADAFE; APART ADO DEL 
ESTE 61179, CARACAS, VENEZUELA. 

4. STATUS OF PROJECT ANTICIPATED BID DATES: PREQUALIFICATION 
DOCUMENTS MUST BE PRESENTED IN THE SALA DE USOS MULTIPLES, 

EDIFICIO CENTRO ELECTRICO NACIONAL, AVENIDA SANZ, EL MARQUES, 
CARACAS, AT 1000, 1 1/33/77. ALL FOREIGN FIRMS MUST ASSOCIATE 
THEMSELVES WITH VENEZUELAN FIRMS IN ORDER TO PARTICIPATE IN THIS 
PROJECT. THE FOLLOWING DOCUMENTS, IN SPANISH, ORIGINAL AND TWO 
COPIES, AND DULY LEGALIZED BY A VENEZUELAN CONSUL IF EXECUTED 
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ABROAD, MUST BE PRESENTED: 

A) LETTER EXPRESSING INTEREST OF FIRM IN PARTICIPATING IN THIS 
PROJECT. 

B) A STATEMENT OF THE FIRM'S LISTING IN CADAFE'S REGISTER OF 
FIRMS ISSUED BY THE OFFICE OF BIDS AND CONTRACTS OF THE 
DIRECTORSHIP OF INFORMATION AND SPECIAL SERVICES (FIRMS NOT LISTED 
IN THE REGISTER SHOULD CONTACT SAID OFFICE-ROOM 7-02, IN THE 
EDIFICIO CENTRO ELECTRICO NACIONAL-IN ORDER TO REGISTER.) 

C) PUBLIC DECLARATION OF THE PERSONS OR PERSPM AUTHORIZED TO 
SIGN FOR THE FIRM AND TO OBLIGATE IT. 

D) DOCUMENTS WHICH SHOW THAT THE INTERESTED FIRM HAS EXECUTED 
SATISFACTORILY SIMILAR WORKS AND ON SIMILAR SCALE, THE IN- 
FORMATION SHOULD INCLUDE COST AND SIZE OF PROJECT, ROLE ASSUMED BY 
FIRM. AND WHATEVER OTHER INFORMATION THE FIRM THINKS MAY BE OF 
INTEREST. 

E) DOCUMENTS REGARDING THE ORGANIZATION OF THE FIRM, INCLUDING 
PROFESSIONAL AND TECHNICAL PERSONNEL AND THEIR RESPECTIVE 
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QUALIFICATIONS. 

F) LISTING OF EQUIPMENT OWNED BY FIRM TO INCLUDE AGE AND 
PRESENT LOCATION. 

G) WHATEVER OTHER ADDITIONAL INFORMATION THAT THE FIRM MAY 
CONSIDER OF INTEREST. 

H) EACH CONSORTIUM MUST DECLARE THE NAME OF THE FIRM WHICH 
WILL REPRESENT IT AND MUST ALSO PROVIDE A COPY OF THE LEGAL 
DOCUMENTS WHICH ESTABLISH IT. 

I) EACH CONSORTIUM MUST ALSO PRESENT THE DOCUMENT WHICH OBLI- 
GATES EACH OF THE FIRMS WHICH CONSITUTE IT TO ASSUME RESPONSIBI- 
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LITY FOR ANY LIABILITIES WHICH THE CONSORTIUM MAY INCUR. 

J) EACH OF THE FIRMS WHICH CONSTITUTE A CONSORTIUM MUST PRESENT 
ALL THE DOCUMENTATION REQUESTED IN PARTS "A" THROUGH "G" OF THIS 
PARAGRAPH. 

5. ESTIMATED PROJECT COST/FOREIGN CONTENT: N/A. 

6. COMPETITIVE FACTORS: N/A. 

VARY 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 -Jan-1 994 12:00:00 am 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: HYDROELECTRIC POWER PLANTS, PROPOSALS (BID) 

Control Number: n/a 
Copy: SINGLE 

Sent Date: 22-Sep-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977CARACA09348 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D770346-0918 
Format: TEL 
From: CARACAS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t19770935/aaaabdby.tel 

Line Count: 146 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: d3dd7240-c288-dd1 1-92da-001cc4696bcc 

Office: ACTION ARA 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 CARACAS 9347, 76 CARACAS 12698 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 10-Dec-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 1177199 
Secure: OPEN 
Status: NATIVE 

Subject: MAJOR PROJECT: URIBANTE-CAPARO HYDROELECTRIC PROJECT 
TAGS: BENC, ENRG, VE 
To: COM 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/d3dd7240-c288-dd11-92da-001cc4696bcc 
Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
22 May 2009 
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